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| Vista Blvd. - Gates Water Main Replacement, by and between Bercot, 


the Board of Public Works and Safety, for: 








| APPROVED AS TO FORM 





BILL NO. $-87-05-C16 
SPECIAL ORDINANCE NO. S- / 2/4 


AN ORDINANCE approving the Water 
Contract No. 87-01 - Belle Vista 
Blvd. - Gates Water Main Replace- 
ment, between Bercot, Inc., and 
the City of Fort Wayne, Indiana, 
in connection with the Board of 
Public Works and Safety. 


NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 


SECTION 1. That the Water Contract No. 87-01 - Belle 
Inc. and the City of Fort Wayne, Indiana, in connection with 


this Water Contract is necessary 

to install 1,875+ L.F; ol 6: .duetile 

iron water main as follows: On 

Belle Vista Blvd., beginning at 

a point 250+ feet west of Old Trail 

Road, westward to Gates Drive. 

On Gates Drive from Belle Vista 

Blvd. north to its terminus; | 


the Water Contract price is Seventy-Five Thousand Three Hundred 
Forty-Three and 50/100 Dollars ($75,343.50), all as more particu- | 
larly set forth in said Water Contract, which is on file in the 

Office of the Board of Public Works and Safety and, is by reference 


incorporated herein; made a part hereof, and is hereby in all 


| 
| 


things ratified, confirmed and approved. Two (2) copies of said 


Water Contract are on file with the Office of the City Clerk 
and made available for public inspection, according to law. 


SECTION 24 That this Ordinance shall berain full force | 


| 
| 


and effect from and after its passage and апу and all necessary 


approval by the Mayor. 


ШО” шс ЕД EP. ae Жс, | 
Councilmember 


AND LEGALLTY | 





rger, City Attorney 
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NDRA E. KENNEDY, CITY CLERK 


























Read the шад inffull and on motion by PP 5 

seconded by A ‚ апа duly adopte 
passage. PASSED (5959) ру the following vote: 
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DATE: AB аа Ж 





SANDRA Е. KENNEDY, CITY CLERK 
Passed and adopted by the Common Council of the City оё БӨгЕ- 


Wayne, Indiana, as (ANNE: PPROPRIATION) 






(SPECIAL) (ZONING MAP) ORDINANCE 


on the QC af day of 
PEERAGE созге ke Ss seal ЖЕЕ ЗЧ! 


ATTEST: 






SANDRA E. KENNEDY, CITY CLERK. i i PRESIDING О 


Presented by me to the Mayor of the City of Fort Wayne, Indiana, 









on the dmt. d day of : POR E 
НЕА. A e T... E i 
at the hour of v 22 o'clock “TNT ETS Te USER 





£e и 
noQ ITYTUCIOSREE 


Approved and Signed by me this 3G ағу ot а , 
19 54 , at the hour of joes creek tam NW Y 


WIN MOSES, JR., MAYOR 





SANDRA E. KENNEDY 
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NOTICE TO CONTRACTORS 


Notice is hereby given by the Board of Public Works and Safety of the City 
of Fort Wayne, Indiana, that sealed proposals will be received by the Board 
at its Office in the City-County Building, on Wednesday, April 22, 1987, at 
9:00 a.m., Eastern Standard Time, for the following: 


WATER CONTRACT NO. 87-01 
BELLE VISTA BLVD. - GATES DRIVE WATER MAIN REPLACEMENT 


For the furnishing of all labor, equipment, tools, power, transportation, 
miscellaneous equipment, etc., necessary to install 1,8754 L.F. of 6" 
ductile iron water main as follows: 


On Belle Vista Blvd., beginning at a point 250+ feet west of Old 
Trail Road, westward to Gates Drive. On Gates Drive from Belle 
Vista Blvd., north to its terminus. 


All in accordance with the specifications and Drawing No. Y-10617, Sheets 
1 thru 4, prepared by the Water Engineering Department of the City of Fort 
Wayne, Indiana. ; 


No bid will be accepted from, or Contract awarded to any person, firm or 
corporation that is in arrears to the City of Fort Wayne, Indiana, upon 

any debt or Contract, or, who has failed to execute, in whole or in part, 

in a satisfactory manner, any Contract with the City; or, who is a de- 17 
faulter as to surety or otherwise, upon any obligation to the City of Fort 
Wayne, Indiana. 


Bidders must obtain copy of said specifications pursuant to submitting 

their bids, by paying $20.00 for each set of specs and plans, not refundable, 
at the Office of the Board of Public Works and Safety, Room 920, City-County 
Building. 


The Board reserves the right to reject any and all bids for failure to comply 
with applicable laws and/or with the Instructions to Bidders. The Board also 
reserves the right to waive any defect in any bid. ; 


BARON R. BIEDENWEG 

СО$ЕТТЕ К. SIMON 

LAWRENCE D. CONSALVOS 

BOARD OF PUBLIC WORKS AND SAFETY 


ATTEST: HELEN V. GOCHENOUR, CLERK 


PUBLISH: APRIL 3 AND APRIL 10, 1987, in both newspapers 


ep 
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"NOTICE TO BIDDERS" 


The following documents must be completed, endorsed, and subnit- 
ted with each bid. Failure to complete all documents will result 
in your bid being determined incomplete and may be reason for the 
City of Fort Wayne to disallow your bid: ў 


е 
1. 
2. 


3. 


4. 
5. 


6. 


with е : 
MBE/WBE Participation Goal statement 
Minority/Female Hourly Utilization Goal 


Certificate of Non-Segregated Facilities 
(Federally Assisted Projects Only) ` 


Non-Collusion Affadivit 

Bidder's Bond 

State Board of Accounts Form 96-A or 

Certificate in Lieu of Financial Statement 
(If Form 96-A has been submitted with previous 
bids.) 

Anti-Apartheid Ordinance - (CERTIFICATION OF BIDDER/VENDOR) 


Non-Segregated Facilities 


All bids shall include the exact quantities of each 
item shown on the bidding form for each. section of the work, 
and unless the IFB otherwise states, the total cost of the 
various sections shall be considered a lump sum bid. 


6. Examination of Bids For Responsiveness. After the 
bids are opened and read, The Board will examine them to deter- 
mine if’ they are responsive. Іп order to be responsive, the 
bidder must complete all blanks requiring completion, and must 
submit all information required to be submitted. Any alteration, 
erasure, or interlineation of the contract or the IFB may cause 
the bid to be determined non-responsive. Proposals which are 
unbalanced may also be determined non-responsive. 


However, The Board reserves the right to accept any 
bid, to reject any and all bids, and to waive defects or irregu- 
larities on any bid. 


7. Determination of Responsibility. Prior to awarding 
any contract pursuant to this Invitation for Bids, The Board 
will make a determination of responsibility. An award of a 
contract to a bidder shall constitute an affirmative determina- 
tion of responsibility. d 


In reaching a determination of responsibility, The 
Board can consider among other factors: 


(a) The Contractor's record of integrity. 


(b) The Contractor's experience and past performance 
record in construction work. 


(c) The Contractor's financial status. 


(d) The Contractor's capability to perform the 
project. 


(e) Whether the bidder is in arrears upon or in 
default of any debt, contract or other obligation 
to the City of Fort Wayne. 


(f) Whether the bidder is debarred from Federal or 
City of Fort Wayne contracts. 


(g) The bidders recrod in MBE/WBE compliance. 


(h) Whether the bidder is engaged in litigation with 
the City of Fort Wayne. 
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In arriving at a determination of responsibility, 


-The Board may institute a pre-award survey оп any or all bid- 


ders. That pre-award survey may examine any of the consider- 
ations relating to a bidder's responsibility as set forth above. 
Bidders will cooperate with the pre-award survey team. Failure 
to cooperate can result in a finding of non-responsibility. 


[1] 8. Prequa ation - In addition to being timely, respon- 
sive,and responsible, a bidder must also be prequalified by 
the State Department of Highways or by in 


order to be awarded a Contract. 


9. Bid Bond or Deposit. Each bid must be accompanied 
by a bond executed by the bidder and surety satisfactory to 
The Board, in a sum of ten percent (10$) of the aggregate 
amount of the bid, but in no case less than $100.00; or the 
bidder may deposit with The Board in lieu of such bond, a 
certified check on a solvent bank in a sum of _ percent ( %) 
of the aggregate bid or proposal, but in no case less than 
$100.00, which certified check shall be payable to the City of 
Fort Wayne. The bid bond or certified check shall serve as a 
guarantee that should the said bid be accepted by The Board, the 
bidder will, within ten (10) days after the time he is notified 
of the acceptance of the bid, enter into a contract with the City 
of Fort Wayne for the work bid upon and give bond with surety to 
be approved by The Board, insuring the faithful completion of the 
contract. 2 


In case а bid is not accepted, the obligation of the 
said bond shall be null and void and the certified check will 
be returned to the bidder, as the case may be. In case a bid 
is accepted, and the bidder does not enter into a contract with 
the City of Fort Wayne for the work bid upon within ten (10) 
days after notification of award, then the obligation of the 
bond or the certified check shall be forfeited to the City of 
Fort Wayne for ascertained and/or liquidated damages for failure 
to enter into a contract. Provided that, the City's action in 
forfeiting the bond or retaining the certified check shall not 
preclude the City from taking any further action against the 
contractor to recover for all actual damage, the City has 
suffered. 


10. Sworn Experience Questionnaire, Plan and Equipment 
Questionnaire and Contractor's Financial Statement (96A). Each 
bidder will submit with and as part of its bid: (a) A complete 
Form 96A under oath; or (b) Have a complete Form 96A on file 
with The Board which shall be less than one year old in which 
case the bidder can instead submit a Certificate in Lieu of 
Financial Statement. 
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11. Execution of Additional Bid Documents. Іп addition 
to all documents previously mentioned as having to be executed 
and submitted as part of the bid, each bidder will be required 
as part of its bid to execute and submit the following documents 
as specified below: 


(a) Non-Collusion Affidavit 
ГТ (b) Prequalification Statement 
(c) : 
(а) 
(е) 


E and Name o ual-s ed Materials or Equal. 
Where, in the specifications, one or more specified materials, 
trade names, or articles of certain manufacture are mentioned, 
it is done for the purpose of establishing a basis of durability 
and proficiency, and not for the purpose of limiting compe- 
tition. The bidder can submit other names of materials and, if, 
the Director of the Board determines that, they are equal in 
durability and sufficiency to those mentioned and of a design in 
harmony with the work as outlined, then the bid will be accepted 
as responsive. However, if the Director of the Board determines 
that such materials are not equal, then the bid may be rejected 
as non-responsive. Consequently, bidders are advised to submit 
any such request for changes or deviations in materials to the 
Director of The Board prior to submitting bids. Any approval of 
deviation will be by written amendment to the solicitation and 
will be submitted to all bidders who have obtained IFBs. 


13. Minority Business Enterprise/Women Business Enterprise 
Requirements. 
(CONSTRUCTION) 


It is the policy of the City of Fort Wayne that 
Minority Business Enterprises and Women Business Enterprises 
should participate to the greatest extent possible consistent 
with the State Law in Procurement Contracts awarded by the City 
of Fort Wayne. 


In order to fulfill this policy, the City of Fort 
Wayne has adopted General Ordinance G-16-84 (Chapter 7 of the 
Code of the City of Fort Wayne) which sets participation goals 
for procurement contracts of at least 7$ for Minority Business 
Enterprises and at least 2% for Women Business Enterprises. 
To meet the participation goals, a Minority Business Enterprise 
may be either a prime contractor, sub-contractor, or a joint 
venture. - 
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Busines t a is а business of 
which at least 513 is owned and controlled by minority group 
members. ("Minority" means Black, Hispanic, American Indian, 
Asian, Pacific Islander, and Alaskan Native). The minority 
owners must exercise actual day-to-day management, as well as 
actively participate in management and policy decisions affecting 
the business. The contribution of capital, equipment or exper- 
tise made by the minority owners must be real, substantiated and 
documented. 


is а business of which 
at least 51$ is owned and controlled by women. The women owners 


must excercise actual day-to-day management, as well as actively 
participate in management and policy decisions affecting the 
business. The contribution of capital, equipment or expertise 
made by the women owners must be real, substantiated and docu- 
mented. 


The contract for which this proposal/bid is prepared 
is governed by the MBE/WBE Ordinance. This form must be con- 
pleted in order to be responsive to this IFB/RFP. If the 
participation goal of 7$ for MBE and 2$ for WBE are not met or 
exceeded in your bid or proposal, the reasons for this failure 
and reasonableness and good faith of efforts to meet this goal 
shall be evaluated in determining whether the bidder/offeror is 
responsible. 


A list of possible MBE/WBE contractors/suppliers are on 
file in the Compliance Office, Room 800, City-County Building, 
for Contractor review. 


THE FOLLOWING IS THE UNDERSIGNED'S COMMITMENT TO THE MBE/WBE 
GOALS OF THE CITY FOR WORK DONE PURSUANT TO THIS CONTRACT: 











A. The undersigned firm certifies that it is an 
MBE/WBE Contractor (cross out inapplicable pro- 
vision). 

For MBE specify percentage of minority ownership 
$. 

For WBE specify percentage of women ownership 
$. 

в. The undersigned certifies that they аге a joint 


venture in which the following (MBE/WBE) firm 
(cross out inapplicable provision) is 


a joint venture partner. 
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тһе MBE/WBE firm (cross out inapplicable рго- 


vision) shall have % participation (еп- 
ployees) $ participation (costs) in this 
project. 


Specify the percentage of minority/women ownership . 
in the MBE/WBE firm . — $. (cross out inappli- 
cable provision) 


с; The undersigned commits % of the total bid price 
as a subcontract to minority business enterprise parti- 
cipation. The MBE firms which are proposed as subcon- 
tractors are the following: 


Name of Firm p e of Wor 
Pose: 
аум. Жуу" M 


D. Тһе undersigned commits 2 % of the total bid price 
as a subcontract to women business enterprise participa- 
tion. The WBE firms which are proposed as subcontractors 
are the following: 


Name of Firm Address Type of Work 7 


FEA Apa, 
оа Aute 
E. Complete (1) and (2) below if participation goals 
of 7$ MBE and 2% WBE have not been met. 


1 My Company cannot meet the participation 
goals for the following reasons: 


2. We have taken the following steps in an 
attempt to comply with these participation 








goals: 
BERCO озо аа additional sheets as necessary) 
6015 HUGMEMARD ПОТ 
contractor NDidNAÉSRO: . "Contractor 
; m UE 2 
By uy By / 
Its M Its 
v3. с ean 
) e ws \ 
О.С. 2/85 I- 56. v, 
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14. Minority/Female Hourly Employment Requirements. 

The City's policy is to encourage a greater utilization of 
minority and/or female employees in City construction projects. 
The Board has, therefore, adopted a minimum goal of 17% of the 
total work hours on each project to be expended by minority 
and/or female employees. ("Minority" shall include: Blacks, 
Hispanic, Asian, Pacific Islander, American Indian or Alaskan 
Native.) 5 


Тһе bidder shall state іп "А" below the percentage of total 
work hours which the bidder and his subcontractors will employ 
and utilize womén and minority employees on this project. If a 
contract is awarded as a result of this bid, the percentage 
figure set forth in "A" shall become contractually binding on the 
bidder. The successful bidder will also be required to prepare 
reports for the City demonstrating compliance with this percen- 
tage and will allow city officials access to his records, 
facilities and work site and to those of his subcontractors to 
determine compliance. 


The bidder must fill in the required blanks in this clause in 
order to be responsive to this IFB. If the bidder does not 
meet or exceed the hourly utilization goal of 17% minority/fe- 
male participation, the reasons for this failure and reason- 
ableness and good faith of efforts to meet this goal shall be 
evaluated to determine whether the bidder is responsible. 


THE FOLLOWING IS THE UNDERSIGNED'S COMMITMENT TO MINORITY/FEMALE 
HOURLY UTILIZATION. 


| А. The undersigned firm certifies that it will employ 
and utilize minorities and females and/or will ensure that its 
subcontractors employ and utilize minorities а females so 
that minorities and females will work at least / /% of the total 
hours worked on this project. 


B. Complete (1) and (2) below if the hourly utilization 
figure set forth in "A" is less than 17$. 


l. My Conpany and its subcontractors cannot meet 
the 17$ minimum hourly utilization figure for the 
following reasons: 
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2. My Company has taken the following steps in an A tent 
to comply with the 17$ hourly utilization figure: 











(attach additional sheets if necessary] ^ LN 
ERCOT.! INC S. 





E 





Contractor 


By 
Its 


15. Required Prevailing Wage Schedule Payments - Pursuant 
to Indiana Code 5-16-7-1. All contractors and subcontractors 
working on the project awarded pursuant to this contract shall 
pay the prevailing wage rates for skilled, semi-skilled and 
unskilled laborers, workmen and mechanics. This wage determin- 
ation has been made in accordance with the procedures set forth 
in Indiana Code 5-16-7-1. This determination and the required 
wage rates are available for examination by any prospective 
bidder at The Board of Public Works and Safety, 9th Floor, 
City-County Building, Fort Wayne, Indiana. 


If a bidder is awarded a contract as a result of this Invitation 
for Bids, he/she/it shall file a schedule of wages, on forms 
provided by the City of Fort Wayne, demonstrating compliance 
with the wage rate determination. The successful prime con- 
tractor shall be responsible for obtaining schedules from all 
subcontractors. А11 schedules shall be filed before the con- 
tractor commences any work on the project. 


Penalties for failure to pay the prevailing wage rate are set 
forth in Indiana Code 5-16-7-3. 


16. Site Orientation. А site orientation (0/4111 not) 
be conducted by the City Engineers. If such an orientation 
is conducted, it will be held on the day of | 19 4 
commencing at o'clock  .M. at the site of the project. 


Regardless of whether a site orientation is conducted 
or not, bidders are required to visit the site of the work, 
and inform themselves fully of the conditions, under which the 
work will be performed. The bidders shall be responsible for all 
conditions that affect the work, including, but not limited to 
all sub-surface conditions. 
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(9 17. Pre-Bid Conference, Тһе Board will hold a prebid 
conference to familiarize prospective bidders with the terms of 
the IFB and proposed contract, and to answer any questions. This 


conference will be held on April 15, 1987 at 10:00 a.m., 
(date) (time) 
7th Floor Conference Кооп or at such date, time, and place as The 
(place) : 


Board subsequently determines. If the date and time of the 
prebid conference is not set forth herein, The Board will notify 
all prospective bidders who have picked up bid packages of the 
date, time, and place of the conference. 


18. Performance Bond. Тһе successful bidder, at the time 
of signing the contract will be required, at his own expense, 
to furnish a bond guaranteeing faithful execution of the con- 
tract, in full amount of the contract price, executed by the 
bidder and a surety to be approved by The Board, on the bond form 
headed by The Board. Тһе Performance Bond shall contain the 
following clause: "The said Surety, for value received, hereby 
stipulates and agrees, that no change, extension of time, 
alteration or addition to the terms of the contract or to the 
work to be performed thereunder, or the specifications ассоп- 
panying the same, shall in any way affect its obligation on this 
bond, and it does hereby waive notice of any change, extension of 
time, alteration or addition to the terms of the contract, or to 
the work or specification." 


19. Additional Bonds. If a bidder is awarded a contract he 
will also be required to execute with surety, satisfactory to The 
Board; 

A. Payment Bond. In the amount of payment to be made 
under the contract. 

(d в. Warranty Bond. In the amount of the contract 
warrantying the contractor's performance of a 
period of one year after the date of the City's 
acceptance. 


20. Cóuncilmanic A oval an atification of Contrac 

This agreement, although executed on behalf of the Owner by 
the Mayor and The Board, shall not be binding upon the Owner 
unless, and until, the contract has been ratified and approved by 
the Common Council of the City of Fort Wayne, Indiana. And if 
the Common Council fails to approve the contract within ninety 
days after the date of bid opening, then the Contractor shall not 
be bound to the contract unless he/she/it elects to be so bound. 


21. Method of Contract Award. The contract resulting 
from this IFB will be awarded: 
E] A. On an all or none basis. 
t1 B. As follows: 
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5С 19) 
Board of Public Works and Safety 


The contractor agrees to furnish at his/her/its own cost 
all labor, insurance, materials, equipment, and power for the 
complete performance of the following project: 

WATER CONTRACT NO. 87-01 
BELLE VISTA BLVD. - GATES DRIVE WATER MAIN REPLACEMENT 
On Belle Vista pívd., beginning at a point 250+ feet west of Old Trail Road, west- 
ward to Gates Drive. Оп Gates Drive from Belle Vista Blvd., north to its terminus. 


All work will be performed in accordance with: XxxxxXxotxdxoa / CONTRACT 
87-01 , the IFB, this contract and the applicable plans, specifi- 
cations, and drawings for a TOTAL PRICE of $ RUE is 
unit prices are applicable, the contractor agrees to perform 
for those unit prices as set forth in the Schedule of Unit Prices 
attached hereto). : 


The work shall be commenced within ten (10) days after 
The Board issues a written notice to proceed. All work shall 
be completed within 60 days after issuance of the notice to 
proceed. Those days which the contractor cannot work because 
of severely inclement weather shall not be counted. 


C] Liquidated Damages Provision. (This clause shall be appli- 
cable to this contract only if the box contains a checkmark or an 
"X".) It is hereby agreed by and between the City of Fort Wayne 
and Contractor that time is of the essence of this agreement 
and the contractor agrees that it will conplete the project 
as herein defined on or before days after issuance of the 
notice to proceed. The parties agree that it is a business and 
governmental necessity that the project be completed by this 
date, that it will be difficult or impossible to make an accurate 
determination of the damages that would be incurred by the city 
of Fort Wayne, and therefore provide for liquidated damages in 


the sum of $ per day for each and every day after days 
after issuance of the notice to proceed that the project remains 
uncompleted. The parties agree that the sum of $ per day 


ін a reasonable estimate as to the damages which would be 
incurred by the City of Fort Wayne. The parties further agree 
that causes beyond the control of the contractor may delay the 
completion date. Therefore, the parties agree that delays in the 
completion date beyond the control of the contractor shall not 
result in liquidated damages. 


Delays beyond the control of the contractor can include but 
are not necessarily limited to, the following: Acts of God, 
strikes, lockouts or industrial disturbances, acts of public 
enemies, restraining orders of any kind by the government of 
the United States of America or of the State of Indiana or any 
of their departments, agencies, or officials, or any civil or 
military authority, insurrections, riots, landslides, earth- 
quakes, fires, incapacitating storms, floods, and explosions. 
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ITEM 


1: 


115 
12 
I3: 
14. 


BELLE VISTA BLVD. 


QUANTITY 


1,8754 
8 


6 
1 
1 
3 


1 
225: 
1754 

40+ 
150+ 
90+ 
1,400+ 
38+ 


L.F. 
EA. 
EA. 
EA. 
EA. 
EA. 
EA. 
І.Е. 
LF. 
S.Y. 
L.F. 
5.Е. 
L.F. 


SCHEDULE OF UNIT PRICES 


CITY OF FORT WAYNE, INDIANA 
IMPROVEMENT TO FORT WAYNE WATER UTILITY 


WATER CONTRACT NO. 87-01 


DESCRIPTION 


CLASS #50 DUCTILE IRON WATER MAIN 


6" VALVE W/BOX 

6" x 6" TEE — 

6" x 90? ELL 

Бл ТЕКС ELE 

ТҮРЕ ІІІ FIRE HYDRANT ASSEMBLY 
TYPE V FIRE HYDRANT ASSEMBLY 
ASPHALT STREET RESTORATION 
ASPHALT DRIVE RESTORATION 
CONCRETE DRIVE RESTORATION 
STONE SURFACE RESTORATION 
CONCRETE WALK REPLACEMENT 
GRASS AREA RESTORATION 

3/4" WATER SERVICE CONNECTIONS 


TOTAL BID 


- GATES DRIVE WATER MAIN REPLACEMENT 


UNIT PRICE 


462 


222 

00 
(00.00 

Рр 2 00 
1225720 
U 2000 
22:05 


EXTENSION 


S. 
bba~ 


2 


Z E 
2 
52229 2 

OF 


72201022 


| T, 
220 


= IR 


(00.00 1/5 2225 


5 4 
ЕРА 


In submitting this bid», it is understood, that the right is reserved by 


the Owner to reject any and all bids, and to waive any dafect in any 
bid. | 


IN WITNESS ЫНЕКЕОР› the bidder Ca firm) by its owner(s) named below, 


hereunto set hand(s) and seal this бау of 13 Р 


FIRM NAME 
кысылыш чыз л она ы i SPT, е луу 


IN TESTIMONY WHEREOF; the bidder Ca corporation) has caused this 


proposal to be signed by its President and Secretary, апа, affixed ity, 
corporate seal this _______ day of —APIOQA NBI ау 13 5 SM v d da 92% 
4” > » Ў те ; 
BERCOT, INC. RO eae 
6015 HUGUENARD ROAD Beal ee 
FORT WAYNE, INDIANA 46808 Monae OAT 
Ју OJIA 





'RE&IUENT 


| ATTEST! 


NOTE 1! 
Исе this form» if Cashier's or Certified Check accompanies bid? 


Enclosed herewith, find Cashier's or Certified Check for $ 
being ^ of the maximum bid herein,» made payeble tot j 
THE CITY OF FORT WAYNE, INDIANA 


the proceeds of which»; are to remain the absolute property of said 
City» if 





Е1ТППЕК 
shal! not within days after Notice of Acceptance of the within 
bid, enter into a written Contract» and secure said contract by a bond, 
for the full amount of the Contract to the approval of the proper 
officials of said City. 





NOTE 2: 


Мее this form: if Bidder's Bond accompanies bids. 
Enclosed herewith» find a Bidder’s Bond in ап amount equal to ten €10%) 
per cent of maximum bid herein: subject to the approval of the Eoard of 
Public Works and Safety, conditioned es follows: 


That if the Board of Fublic Works and Sefety shall award 


DIAM 
BERCOT, ANG. 


the Contract for said work» and» if 
La MeO MERGE UN TEE ы RET TOC На 

6015 HUGUENARD RO OAD 
shall CER V ҰМ АНАСЫ асі and furnish a 100% Performance Bond, 
as required: within ten (102 days from the dete; he/she/it is 
notified of the acceptance of his/her/its bid» then the obligation 
of said bond shall be null and void? otherwise: to remain in full 
force and effect. 





NON-COLLUSION AFFIORVIT 


The Bidders by ils Officers and 


agents or representatives present at the time of filing this bids being 
duly sworn on their oaths, say that neither thay nor any of them have 
in апу way» directly or indirectly» entered into any arrangement or 
agteement with any other bidders or with any public officer of such 
City of Fort Wayne» Indiana, whereby such affiant оғ affiants оғ either 
of them has paid or is to pay to such other bidder or Public officer 
any sum of money» ofr» has given or is to give such bidder or Fublic 
officer anything of value whatever, of such affiant or affiants or 
either of them has not directly or indirectly, entered into any 
arrangement or agreement with any other bidder or bidders, which tends 
to or does lessen or destroy free competition in the lettering of the 
Contract sought for by the attached bids, that no inducement of any 
form or character other than that which appears upon the face of the 
bid will be suggested» offered, paid or delivered to any регооп» 
whomsoever to influence the acceptance of the said bid or awarding of 
the Contract, nor has this bidder any agreement or understanding of any 
kind whatsoever, with any person whomsoever to рау» deliver іо, or 
share with any other person in any way or manner, any of ihe proceeds 
of the Contract sought by this bid. / 











MES 
Subscribed and sworn to before me by Ja a 


‚ APR22 1987 





this... -ШМауто 








Jommission Expires: 


| LAUFE S ҮЗ 
7/7 NOTARY PUBLIC 


LE) 
уу) 











Resident of Ж бе” сызуу, IN 
Subscribed and sworn to before me by 
this of , 19 > 
My Commission Expires’ LEM EY NEUE HE a 


NOTRRY FUBLIC 
Resident of 





IN 


Count Yr 


Subscribed and sworn to before me hy MO sas Se xu e шы кч 
this day of > ee 


2 My Commission Expirest жа QN Nro LI, "ar у, 


NOTARY PUBLIC 
"Resident of Count у, IN 




















DEALNEWS ФА ENON ON PON POLSON ENON ONO ONGOING NOONAN ЭД\ЛЭДХӘД ӘД ЛӘДӘДҮХӘДҮЛӘДҮХӨДҮЛӨД 























MERICAN STATES INSURANCE COMPANY: 


INDIANAPOLIS, INDIANA 






BID OR PROPOSAL BOND 






Know all Men by these Presents, 








That we, BERGOT INC. 





Bc oe eek | Fort Wayne, Indiana 46818 (hereinafter called the Principal), 


as Principal, and AMERICAN STATES INSURANCE COMPANY (hereinafter called the 








Surety) , as Surety, are held and firmly bound unto 


BOARD OF PUBLIC WORKS, CITY OF FORT WAYNE, INDIANA 























TENCPERCENIE ОСЕ НЕ AMOUNT BID 


Ar. UE SEIT OA рат у ж E A, Dollars (% ---10%---3 for the payment of which the Principal 


(hereinafter called the Obligee) in the penal sum of 








and the Surety bind themselves, their heirs, executors, administrators, successors and assigns, jointly 





and severally, firmly by these presents. 












SIGNED and SEALED (һө. 2274 0 Say БЕ APT LT мне 0x. 02.87 


THE CONDITION OF THIS OBLIGATION IS SUCH, That, whereas the Principal 






has submitted or is about to submit a proposal to the Obligee on a contract for... 


WATER CONTRACT 87-01 





NOW, THEREFORE, if the said contract be timely awarded to the Principal and the Princi- 
pal shall, within such time as may be specified, enter into the contract in writing, and give bond, if 





bond be required, with surety acceptable to the Obligee for the faithful performance of the said con- 





tract, then this obligation shall be void; otherwise to remain in full force and effect. 








van 
ioi 





Form 9-1027 | 























GENERAL POWER OF ATTORNEY 


` American States Insurance Company  . 
j INDIANAPOLIS, INDIANA 


KNOW ALL MEN BY THESE PRESENTS, that American States Insurance Company, a Corporation duly organized and existing under the 
laws of the State of Indiana, and having its principal office in the City of Indianapolis, Indiana, hath made, constituted and appointed, and does by 


these presents make, constitute and ku Aa ғы с sU I TNNT IN D ары 


iude =ша H. STANLEY HUFF, JR., DONALD F. CAMPBELL AND JERRY C. WAAK ------------ 









: C» 
(Jointly or Severally) FE 
5. 
б Fort Wayne and State of Indiana сл 
its true and lawful Attorney(s)-in-Fact, with full power and authority hereby conferred in its name, place and stead, to execute, acknowledge and; тт 
A Cc» 
deliver any and all bonds, recognizances, contracts of indemnity and other conditional or obligatory undertakings, provided, 


however, that the penal sum of any one such instrument executed hereunder shall 


Insurance Company, which reads as follows: 
"The Chairman of the Board, the President or any Vice-President shall have power. by and with the concurrence with the 
Secretary or any Assistant Secretary of the Corporation, to appoint Resident Vice-Presidents, Resident Assistant Secretaries 
and Attorneys-in-Fact as the business of the Corporation may require or to authorize any one of such persons to execute, on 
i i i i otherwise 





Assistant Secretary and its corporate seal to be hereto affixed this 26th day of June 


A. D. 19. 86 А 2 АМЕНІС NY, 
m Pre 2% С 
ke ILLE By 














ATTEST: Assistant Vice-President 


STATE OF INDIANA } Ss: 
COUNTY OF MARION i 


On this ——uipt os day ORC c Sae ct. oup om ^ “Аз Ds 19_86_ before me personally came 


, to me known, who 
being by me duly sworn, acknowledged the execution of the above instrument and did depose and say: that he is a Vice-President of American 
States Insurance Company; that he knows the seal of said Corporation; that the seal affixed to the said instrument is such corporate seal: that it was 
So affixed by authority of the Board of Directors of said Corporation; and that he Signed his name thereto under like authority. And said 


Assistant Secretary 


further said that he is acquainted with Hen We Guio - 0 and knows him to be the 


Assistant Secretary of said Corporation; and that he executed the above instrument. 
MY COMMISSION EYPIRES 


NIE 


February 5, 1929 Сала. Ata. ; 
My Commission Expires Notary Public 


STATE OF INDIANA } Ss: 
COUNTY OF MARION d 


i... Dan W. Guio , the Assistant Secretary of AMERICAN STATES INSURANCE COMPANY, do hereby certify that 
the above and foregoing is a true and correct Copy of a Power of Attorney, executed by said AMERICAN STATES INSURANCE COMPANY, which ; 
is still in full force and effect. : 

This Certificate may be Signed and sealed by facsimile under and by the authority of Section 8.03 of the By-Laws of AMERICAN STATES 
INSURANCE COMPANY which reads as follows: 

"All policies and other instruments of insurance issued by the Corporation shall be Signed on behalf of the Corporation by the 


president or a vice-president and the Secretary or an assistant Secretary, whose signatures, if the instrument is duly 


22nd Avril 


In witness whereof, | have hereunto set my hand and affixed the seal of said Corporation, this ——8дауо! 


A. D., 19 87 


белі) ЕДЕСА 
Form 9-1459 (8-80) Assistant Secretary 


SV MRIS, 


ЕТЕ 





CERTIFICATE IN LIEU ОҒ FINANCIAL STATEMENT 


1» the 





the 6015 HUGUENARD ROAD 





Fosition 


HEREEY CERTIFY: 


13 Thatzihe Financial Statement of said Company, dated the 2/ day 
of 4 » 12/2, now on file in the office of the 
Eoard of Public Works of the City of Fort Wayne: Indiana: which 
Financial Statement is by reference incorporated herein and made a 
part hereof»; is a true end correct statement, and, accurately |. 
reflects the financial condition of said Company, as of the date 
hereof? and: 


24 That I am femiliar with the books of said Company: showing Wears 


financial condition and am authorized to make this Certificate on. 
its behalf. "T 


osaten APR 22 1987 





SUBSCEIGED ANO SWORN to before mes а 22 {987 Publics in Pus for said 


County end State: this day of АРА 









4%” EMI eae 
NOTARY PUBLIC Ay а Fe 
Riecident of ҰС. County, /IN-:| 


if ( КИ е у? У y 
* i ae 


/ 


кдл 


CERTIFICATION ОР BIDDER/VENDOR 


BERCOT, INC. 
6015 HUGUENARD ROAD 


The undersigned, on behalf o Of FORT WAYNE, INDIANA 46808 









‚ does hereby make the following representations 


to the City of Fort Wayne, Indis. 


WBEREAS, it is acknowledged that the Common Council 


of the City of Fort Wayne, Indiana, has passed an ordinance con- 


demning the apartheid policies of the country of South Africa; 
WBEREAS, Council's ordinance requires that a11 persons, 


firms or xg ic Е submitting bids to the eye for goods and 


services, certify, as part of the bid, that such entity does not 
pÉSthe nóliciós of apartheid in South Africa, BERC COT; INC, 
Suppo Р Р 6015 HUGUENARD Б ROAR 
The undersigned states, on behalf of FORT WAYNE, INDIANA 40508 
Krma 
cn @ 
ihe SEI COT, INC. 


15 Lll 






7 ^ 
———————— 


FORT WAYNE, INDIANA 46808 
ісу of apartheid іп South Africa, 


IN WITNESS WEEREOF, this Certification’ 
APR 22 1907 





Goes not support or endorse the pols 


has been Signed 
this Gay of 








Т м 
ВЕРСО iN -7e 


6015 HUGUENARD ROAD 


FORT WAYNE, INDIANA 46808 
( 





Name of Bidder/Vendor) E да 





ШУ; 


- 


CERTIFICATION OF NON-SEGREGATED FACILITIES 


Each bidder is required to submit with his/her bid a fully 
executed Certificate of Non-Segregated Facilities. 


CERTIFICATION OF NON-SEGREGATED FACILITIES 


The bidder certifíes that he/she does not maintain or pro- 
vide for hís/her employees any segregated facilities at any of 
his/her establishments, and that he/she does not permit his/her 
employees to perform their services at any location, under hís/her 
control, where segregated facilities are maintained. The bidder 
certifies further that he/she will not maintain or provide for 
his/her employees any segregated facilities at any of his/her 
establishments, and that he/she will not permit his/her employees 
to perform their services at any location under his/her control 
where segregated facilities are maintained. The bidder agrees 
that a breach of this certification will be a violation of the 
Equal Opportunity clause in any contract resulting from acceptance 
of this bid. As used in this certification, the term "segregated 
facilities" means any waiting rooms, work area, restrooms and 
washrooms, restaurant or dressing areas, parking lots, drinking 
fountains, recreation or entertainment areas, transportation, 
and housing facilities provided for employees which are segregated 
by explicit directive or are in fact segregated of habit, local 
custom, or otherwise. The bidders agree that (except where he/she 
bas obtained identical certification from proposed subcontractors 
for specific time periods) he/she will obtain identical certifi- 
cation from proposed subcontractors prior to the award of subcon- 
tracts exceeding $10,000 which are not exempt from the Equal 
Opportunity clause, and that he/she will retain such certifications 
in his/her files. 


Note: The penalty for making false statements in offers is 


42% 

ERO. IBN Y C JUS, 
BERCOT, INC. x 
46808 А? 


prescribed іп 18 U.S.C. 1001. 


~ 


р te А 
6015 HUGUENARD í 


Date: APR 99 {087 19 FORT WAYNE, INDIANA 





Title: 5,0, 


Official Address (including ZIP code) 


SR: 


It is the policy of FORT WAYNE, INDIAN 
(Company) 

employment opportunity be afforded to all qualified persons 

without regard to race, religion, color, sex or national 


origin. BERCOT. INC. 


QUARE, 
BOIS [АРАД 2” 
In süpport. of this policy - S019 HUGUENARD ROAD 
(Company 
discriminate against any employee or applicant for employment 
because of race, religion, color, sex or national origin. 


:COT, INC. 


that equal 






will not 













The 5. JENARD-ROAD will take affirmative action 
coat BAAR А ПАМА 46808 
to instre that applicants are employed and that employees аге 


treated during employment without regard to their race, 
religion, color, sex or national origin. Such action will 
include but not be limited to: 


RECRUITMENT, ADVERTISING OR SOLICITATION FOR EMPLOYMENT, 
HIRING, PLACEMENT, UPGRADING, TRANSFER OR DEMOTION, SELECTION 
FOR TRAINING INCLUDING APPRENTICESHIP, RATES OF PAY OR OTHER 
FORMS OF COMPENSATION, LAYOFFS OR TERMINATION. 

BERCOT, INC. 
6015 HUGUENARD RCAD 
FORT WAYNE, INDIANA 46508 





; (Signature of 
Company Official) 


APR 22 1987 


(Date) 


с 


i x 4 


SN 


dae o 


% 





= 


22 April 1987 











BIDDER'S BOND 
NON - COLLUSION AFFIDAVIT 

















ЕСЕ OrseeSTATE 
COMPLETION ТІМЕ 








XTENSION 


U. P. |EXTENSION 








о 
1 











Zoo. 


Coole n E $ : les. 
Ў 4.8оо. - j : ; 3. d 

















Restoenyion 








REesroer ATION 








Vesroration 











VCerlacementr 
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ES 
ы 
o 
3 
e 
N 
M 
ә 

0 


TIRE, 

; дата. Appr. 

4 TITLE OF ORDINANCE Water Contract No. 87-01, Belle Vista Blvd.-Gates Water Main 
DEPARTMENT REQUESTING ORDINANCE. Роага of Public Works & Safety 





2 87-01 - B i - G : 
SYNOPSIS OF ORDINANCE The Water Contract No 0 elle Vista Gates Dr 
Water Main Replacement is necessary to install 1,875+ L.F. of 6" 


ductile iron water main as follows: 


On Belle Vista Blvd., beginning at a point 250+ feet west of Old Trai 





Road, westward to Gates Drive. On Gates Drive from Belle Vista Blvd. 


north to its terminus. = УДЫ” Жаа 


Bercot, inc.) us the Contractor. 


EFFECT OF PASSAGE Improved water conditions at above location. 


EFFECT OF NON-PASSAGE 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) $75,343.50 


ASSIGNED TO COMMITTEE 


“ 





BILL NO. 5-8 7-05-06 





REPORT OF THE COMMITTEE ON CITY UTILITIES 
EIS a E ы ны А ныннан аламы 





WE, YOUR COMMITTEE ON CITY UTILITIES TO WHOM WAS 
REFERRED AN (ORDINANCE) (RESOXLUFEGNF. approving the Water 
Contract No. 87-01 - Belle Vista Blvd. - Gates Water Main Replace- 


ment, between Bercot, Inc., and the City of Fort Wayne, Indiana, 


.in connection with the Board of Public Works and Safety 


rr MM M—À— 
MEE MEM E NESCIMUS NUN CN REN 








HAVE HAD SAID (ORDINANCE)  (RÉSOESSTON) UNDER CONSIDERATION AND BEG 


. LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


 (BENOORNOEKKOREK 


YES NO 





CHARLES B. REDD 
CHAIRMAN 





PAUL M. BURNS 
VICE CHAIRMAN 


THOMAS C. HENRY 


BEN A. EISBART 





SAMUEL J. TALARICO 


CONCURRED 'ÍN LO Ср; : SANDRA E. KENNEDY 
CITY CLERK 


